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Message Text 

UNCLASSIFIED 

PAGE 01 BANGUI 00847 291102Z 
ACTION OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO OCL-OO SY-05 FBOE-OO 
/022 W 

300104Z 048180/13 

R 291015Z APR 77 
FM AMEMBASSY BANGUI 
TO AMEMBASSY ACCRA 
INFO SECSTATE WASHDC 8589 
AMEMBASSY MONROVIA 
AMEMBASSY LAGOS 

UNCLAS BANGUI 0847 

ACCRA FOR RCO; MONROVIA FOR ATO; LAGOS FOR RSO; STATE FOR OC, 
A/SY/NSU, AF/EX FROM POIC SEABEE TEAM 

EO 11652: N/A 

TAGS: ACOM ASEC NSU AFSP 
SUB J : NOB RENOVATIONS 

REF: ACCRA 3139 (NOTAL) 

1 . WORK ON NOB HAS PICKED UP. CONTR PRESENTLY FORMING COLUMNS 
THROUGH SECOND FLOOR TO SUPPORT VAULT. 

2. DEMOLITION OF EXISTING INTERIOR WALLS IN VAULT AREA IS ABOUT 
COMPLETED. EXPECT IT WILL BE FINISHED EARLY THE WEEK OF 2 MAY. 

3. CONTR HOPES TO POUR VAULT FLOOR O/A 10 MAY. THERE AFTER HE 
WILL START FORMING THE WALLS ETC.. 

4. ROOF FORMS OVER AMB, DCM AND CONFERENCE RM COMPLETED AND STEEL 
PLACEMENT NOW TAKING PLACE. 

5. GENERATOR ROOM WALLS POURED AND ROOF FORMING WILL TAKE PLACE 
IN NEAR FUTURE. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 BANGUI 00847 291102Z 


6. FEEL THAT SUBSTANTIAL PROGRESS WILL BE SEEN IN THE FUTURE. 
HOLD UP WAS DUE TO CONTR NOT RECEIVING STRUCTURAL PLANS FROM 
GOCAE ENGINEERS. 

7. WOULD RCO LIKE TO RECEIVE COPY OF SEABEE MONTHLY PROGRESS 
REPORT7QUAINTON 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 29-Apr-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977BANGUI00847 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D770151-0261 
Format: TEL 
From: BANGUI 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1977046/aaaaaewc.tel 

Line Count: 62 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: f941 b2a5-c288-dd1 1 -92da-001 cc4696bcc 
Office: ACTION OC 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 77 ACCRA 3139 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 02-Feb-2005 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 2815111 
Secure: OPEN 
Status: NATIVE 
Subject: NOB RENOVATIONS 
TAGS: ACOM, ASEC, AFSP, NSU 
To: ACCRA 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/f941 b2a5-c288-dd1 1 -92da-001 cc4696bcc 
Review Markings: 
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